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Town of Arlington, Massachusetts 
730 Massachusetts Ave., Arlington, MA 02476 
Phone: 781-316-3000 

webmaster@town.arlington.ma. us 

Building Committee Minutes 02/20/2007 

PRESENT: William Shea, Vice Chair, Mark Miano, Robert Juusola, Marty Thrope 

ABSENT: John Cole, Chair, Sue Mazzarella, Suzanne Robinson, Charles Stretton, Brian Sullivan 

PARTICIPANTS: Greg Carell, The Carell Group; Kevin Nigra, PMA Consultants; Allan McEwen, Fire Chief 
Meeting was called to order at 7:35 p.m. 

PARK CIRCLE FIRE STATION UPDATE 

There was a general discussion regarding progress of Park Circle Fire Station by Greg Carell and Kevin Nigra. Both 
Greg and Kevin thought that the work during the cold period proceeded as specified, but slowly. 

Continued discussion regarding the correct antenna tower to be used at the Park Circle Fire Station. Chief McEwen is 
going to further investigate and report back to the committee. 

Invoices due to be paid but were not processed due to lack of quorum. 

Meeting adjourned at 9:00 p.m. 

Respectfully submitted, 



Bill Shea 
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